CITY OF FAIRFIELD 


RESOLUTION NO. 2012 - 210 

RESOLUTION OF THE CITY COUNCIL APPROVING THE PLANS AND 
SPECIFCATIONS, AND AWARDING A CONTRACT TO CIVIL ENGINEERING 
CONSTRUCTION, INC., FOR THE NORTH TEXAS STREET WATER LINE 
REPLACEMENT AND OVERLAY PROJECT 

WHEREAS, the bid opening for the North Texas Street Water Line Replacement and 
Overlay Project took place on August 21, 2012; and 

WHEREAS, the bid from Bay Pacific Pipelines, Inc. has been reviewed and determined 
to be non-responsive for the reasons described in the agenda report for this item; and 

WHEREAS, the lowest responsive and responsible bidder was Civil Engineering 
Construction, Inc., in the amount of $1,726,358.25; and 

WHEREAS, staff has reviewed the bid from Civil Engineering Construction, Inc., and 
found it to be in order. 

NOW, THEREFORE, THE COUNCIL OF THE CITY OF FAIRFIELD HEREBY 
RESOLVES: 

Section 1. The plans and specifications for the North Texas Street Water Line 
Replacement and Overlay Project are hereby approved. 

Section 2. The City Manager is directed to enter into a contract with Civil Engineering 
Construction, Inc., for the North Texas Street Water Line Replacement and Overlay 
Project in the amount of $1,726,358.25. 

Section 3. The City Manager is authorized to enter into an escrow agreement for 
security deposits in lieu of retention for said contract, if necessary. 

Section 4. The City Manager is hereby authorized to implement the above-mentioned 
contract and escrow agreement. 




RES. NO. 2012-210 
Page 2 


PASSED AND ADOPTED this 18th day of September 2012, by the following vote: 





ARTICLES OF AGREEMENT 


THIS AGREEMENT, made on the 18*'^ day of September 2012, by and between CITY OF 

FAIRFIELD, party of the first part, hereinafter called the CITY, and CIVIL ENGINEERING 

CONSTRUCTION, INC., party of the second part, hereinafter called the CONTRACTOR. 

It is understood Engineer representing the CITY shall be the City Engineer of Fairfield, 
acting directly or through properly authorized agents. 

WITNESSETH, that the CONTRACTOR and the CITY, for the consideration hereinafter 
named, agree as follows: 

I. SCOPE OF WORK 

The CONTRACTOR hereby agrees to furnish all of the materials and all of the equipment 
and labor necessary and to perform all of the work shown on the plans and described in 
the specifications for the project entitled; 

NORTH TEXAS STREET 
WATER LINE REPLACEMENT AND OVERLAY 

all in accordance with the requirements and provisions of the following Documents which 
are hereby made a part of this Agreement: 

a. Plans prepared for same by C+D Infrastructure Enqineers _ 

numbered_ Cl.0 through C4.1 (21 sheets total) _ 

and dated_ July 2012 _. 

b. Advertisement for Bids. 

c. The Accepted Bid, dated August 17, 2012 _. 

d. Instructions to Bidders. 

e. Specifications consisting of: 

1) Specific Provisions. 

2) Special Provisions. 

3) General Provisions. 

4) City of Fairfield Standard Details and Specifications, 1998 edition. 

5) Standard Specifications issued by State of California, Department of 

Transportation, Division of Highways, dated May 2005. 
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f. Performance Bond, dated _ Dt-hh^ i, _, 20!^. 

g. Labor and Material Bond, dated 0^)lQ&r _, 2Qi2^. 

All of said documents are intended to cooperate so that any work called for in one and not 
mentioned in another, or vice versa, is to be executed and performed the same as if 
mentioned in all of said documents. Said documents, comprising the complete Contract, 
are sometimes hereinafter referred to as the Contract Documents. Should there be any 
conflict between the terms of this instrument and the bid or proposal of Contractor or any 
of the other Contract Documents, this instrument shall control. 

II. TIME OF COMPLETION 


a. The work to be completed under this Contract shall be commenced upon 
written notice to proceed. 

b. The work shall be completed within 200 calendar days after the date of 
written notice to proceed. 

c. Failure to complete the work within the number of days stated in this Article, 
including extension granted thereto as determined by the Engineer, shall 
entitle the City to deduct from the monies due to the Contractor as 
"Liquidated Damages" (LDs) an amount equal to One Thousand Dollars 
($1000) for each calendar day or fraction thereof that expires after the time 
specified herein of the Contractor to complete the work and the facility or 
improvements are useable for its intended use. LDs shall apply cumulatively 
and shall be presume to be damages suffered by the City resulting from 
delay in the completion of work. 

d. Liquidated Damages for delay in completion of work shall only cover 
administrative, overhead, general loss of public use damages, interest on 
bonds and lost revenues when applicable, suffered by the City as a result of 
delay. LDs shall not cover the cost to complete the work, damages resulting 
for defective work, costs of substitute facilities, or damages suffered by 
others who seek to recover their damages for the City (for example, delay 
claims from other contractors, sub-contractors, tenants, or third-parties, and 
defense costs thereof. 
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III. CONTRACT SUM 


a. The City shall pay to the Contractor for the performance of the Contract the 
amounts determined for the total number of each of the following units of 
work completed at the unit price stated thereafter. The number of units 
contained in the attached schedule is approximate only, and the final 
payment shall be made for the actual number of units that are incorporated 
in or made necessary by the work covered by the Contract. 

b. Extra work not included in Article I, but authorized after the date of the 
Contract that cannot be classified as coming under any of the Contract 
units, may be done at mutually agreed-upon unit prices, or on a lump sum 
basis, or under the provisions of Section 6 of the General Provisions. 


A-3 




NORTH TEXAS STREET 
WATER LINE REPLACEMENT AND OVERLAY 


BID SCHEDULE 



Item of Work 


Quantity 

Unit Price 

Total Price 

a 


LS 

1 

$65,000.00 

$65,000.00 


SWPPP and EROSION CONTROL 

LS 



$12,000.00 

3 

TRAFFIC CONTROL 


1 



4 

ABANDON WATER VALVE 

EA 

21 

$1,850.00 

$38,850.00 

5 

CAP and ABANDON WATER LINES 

LS 

^■1 

$45,000.00 


6 

REMOVE and DISPOSE OF ASBESTOS 
CONCRETE PIPE (ACP) 

LF 


$30.00 


7 

REMOVE EXISTING FIRE HYDRANT 

EA 

12 

$900.00 

$10,800.00 

8 

1" WATER SERVICE (27 total) 

LF 

893 

$55.00 

$49,115.00 

9 

2" WATER SERVICE 

LF 

83 

$90.00 

$7,470.00 

10 

4" WATER SERVICE 

LF 

83 

270.00 

22,410.00 

11 

6" WATER SERVICE 

LF 

405 

$91.00 

$36,855.00 

12 

8" WATER MAIN 

LF 

116 


$10,788.00 

13 

10" WATER MAIN 

LF 

369 



14 

12" WATER MAIN 

LF 

4,479 

$95.00 

$425,505.00 

■a 

6" GATE VALVE 

EA 

6 

$1,250.00 

$7,500.00 

mm 

8" GATE VALVE 

EA 

13 

$1,450.00 

$18,850.00 

mm 

10" GATE VALVE 

EA 

4 

$2,000.00 

$8,000.00 

18 

12" GATE VALVE 

EA 

27 

$2,000.00 

$54,000.00 

19 

1" AIR and VACUUM RELEASE VALVE 

EA 

8 

$4,600.00 

$36,800.00 

20 

1" REDUCED PRESSURE BACKFLOW 
PREVENTION DEVICE (RPBPD) (Includes Cage) 

EA 

4 

$2,000.00 

$8,000.00 

21 

6" DOUBLE CHECK DETECTOR ASSEMBLY 
(DCDA) 

EA 

1 

$8,000.00 

$8,000.00 



EA 

1 

$5,500.00 

$5,500.00 

1^1 

FIRE HYDRANT and ASSEMBLY 

EA 

12 

$5,900.00 

$70,800.00 

24 

4” BLOWOOFF ASSEMBLY and COVER 

EA 

1 

$1,300.00 

$1,300.00 

25 

BOX CULVERT CROSSING (Includes Steel 
Casing, PVC, B&J, Class 2 AB and AC) 

LS 

1 

$90,000.00 

$90,000.00 

26 

CONNECTION to EXISTING WATER 

SYSTEM 

EA 

17 

$7,000.00 

$119,000.00 

27 

REMOVE BOX CULVERT WATER LINE 

LS 

1 

$3,500.00 

$3,500.00 

28 

BOLLARD 

EA 

4 

$300.00 

$1,200.00 
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29 

INSTALL ADA ACCESSIBLE RAMP 

EA 

1 



30 

INSTALL ADA DETECTABLE WARNING 
SURFACE 

EA 

5 


$2,250.00 

31 

REMOVE and REPLACE CURB and 

GUTTER 

LF 



$8,400.00 

32 

REMOVE and REPLACE SIDEWALK 

SF 




33 

COLD PLANE ASPHALT CONCRETE 
PAVEMENT (Taper Grind) 

LF 




34 

COLD PLANE ASPHALT CONCRETE 
PAVEMENT (Full 2" Grind) 

SY 


$2.65 

$11,925.00 

35 

BASE FAILURE REPAIR 

CY 

20 

$100.00 

$2,000.00 


PAVEMENT REINFORCING FABRIC (PRF) 

SY 

27,850 

$1.70 

$47,345.00 

37 

ASPHALT CONCRETE OVERLAY 

TN 


$90.00 

$273,780.00 

38 

ADJUST VALVES, MONUMENTS and 
TRAFFIC BOXES to GRADE 

EA 

14 

$460.00 

$6,440.00 

SI 

ADJUST MANHOLES to GRADE 

EA 

19 

$630.00 

$11,970.00 

40 

REPLACE TRAFFIC SIGNAL LOOP 
DETECTOR (Includes Detector Hand Hole) 

EA 

55 



41 

4" THERMOPLASTIC STRIPING 

LF 


$.50 


42 

8" THERMOPLASTIC STRIPING 

LF 

490 

$3.00 

$1,470.00 1 

■a 

THERMOPLASTIC PAVEMENT MARKINGS 

LS 

1 



mm 

PAVEMENT MARKERS 

LS 


$800.00 

$800.00 

45 

PERIMETER RAISED CURB MARKERS with 
CHANNELIZER POSTS 

LF 


— 

$11,600.00 

46 

INTERNAL RAISED CURB MARKERS 

LF 

180 


$9,000.00 

47 

BIKE ROUTE SIGN 

EA 

14 

$275.00 

$3,850.00 


Total = $ 1.726,358.25 
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IV. 


PROHIBITED INTERESTS 


No employee of the City of Fairfield shall have any direct financial interest in this 
Contract. This Contract shall be voidable at the option of the City if this provision is 
violated. 

V. WORKERS' COMPENSATION 


Contractor hereby certifies that Contractor is aware of the provisions of Section 
3700 of the Labor Code which require every employer to be insured against liability 
for workers' compensation or to undertake self-insurance in accordance with the 
provisions of that Code, and that Contractor will comply with such provisions 
before commencing the performance of the work of this Contract. 

IN WITNESS WHEREOF, the parties have executed this Agreement the day and year 
first above written. 


WITNESS: 






CITY OF FAIRFIELD 



CIVIL ENGINEERING CONSTRUCTION. INC. 



Licensed in accordance with an act providing for the 
registration of contractors. 

Contractor's License: 

a. Class: A _ 

b. Number: 717650 _ 

c. Expiration Date: January 21.2014 

FEI Number: 68-0477927_ 
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CIVIL CODE § 1189 


CALIFORNIA ALL-PURPOSE ACKNOWLEDGMENT 


State of California 


County of t _ 

On I0-D3I2- before me, 

Date 

personally appeared 





V{.Tl 

Here insert Nimefend Titlerof the Officer 

IC^I 



J 

' Name(s) of Signer(s) 



LOHRINDA ANN RAPPE | 

Commission # 1855902 I 

Notary Public - California : 

Placer County ; 

My Comm. Expires Jun 27, 2013 


who proved to me on the basis of satisfactory 
evidence to be the person^ whose name(s5 
subscribed to the within instrument and acknowledged 
to me that executed the same in 

Kj§itw/tjaeir authorized capacity(i&s)', and that by 
f^jiMer/ttieir signature's) on the instrument the 
person(s), or the entity upon behalf of which the 
person(s)^acted, executed the instrument. 

I certify under PENALTY OF PERJURY under the 
laws of the State of California that the foregoing 
paragraph is true and correct. 

WITNESS my hand and official seal. 


Siqnatufer -^/y t 

Place Notary Seal Above ( ) Signature of Notary Public 

- OPTIONAL - 

Though the information below is not required by law, it may prove valuable to persons relying on the document 
and could prevent fraudulent removal and reattachment of this form to another document. 

Description of Attached Document ^ ^ I 

Title or Type of Document: [jj//. 

Document Date:_Number of Pages:_ 


U/x: n 

Number of Pages:. 




Signer(s) Other Than Named Above:_ 

Capacity(ies) Claimed by Signer(s) 

Signer’s Name:_ 

□ Corporate Officer — Title(s):_ 

□ Individual 

□ Partner— □ Limited T General Top( 

□ Attorney in Fact 

□ Trustee 

□ Guardian or Conservator 

□ Other:_ 

Signer Is Representing:_ 


Signer’s Name:_ 

n Corporate Officer 


Title(s):_ 


Top of thumb here 


□ Individual 

RIGHT THUMBPRINT I 
OF SIGNER 

□ Partner — □ Limited □ General 

Top of thumb here 

□ Attorney in Fact 


□ Trustee 


□ Guardian or Conservator 


□ Other: 


Sioner Is Reoresentino: 



© 2010 National Notary Association • NationalNotary.org * 1-800-US NOTARY (1-800-876-6827) 
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EDD REPORTING REQUIREMENTS CHECKLIST 


Effective January 1,2001 the State Employment Development Department (EDD) requires the following. 


Please complete the following; (To be complete by the department) 

Deoartment; 

Date of Contract; 

Authorized bv Res. No.; 

Contract Expiration Date; 

Person Reviewino EDD Reauirements; 

Phone; 



EDD REPORTING REQUIREMENTS . When CITY executes an agreement for or makes payment to CONSULTANT in the amount of 
$600 (six hundred dollars) or more in any one calendar year, CONSULTANT shall provide the following information to CITY to comply 
with EDD reporting requirements; 


A. Whether CONSULTANT Is doing business as a sole proprietorship, partnership, limited liability partnership, corporation, 
limited liability corporation, non-profit corporation or other form of organization. 

B. If CONSULTANT is doing business as a sole proprietorship, CONSULTANT shall provide the full name, address and social 
security number or federal tax identification number of the sole proprietor. 

C. If CONSULTANT is doing business as other than a sole proprietorship, CONSULTANT shall provide CONSULTANT’S federal 
tax identification number. 


Dear Contracting Company; 

Pursuant to your Contract with the above-mentioned City of Fairfield Department, you are required to complete box 1 AND box 2 below. 
Please indicate the type of business and provide the information requested; 


BOX1 

—-'■¥ ".',V 



FULL NAME 

dm I dh/!^ruch’o/7. 

ADDRESS 

2>fih 

CITY, STATE, ZIP 

C4 


AND 

BOX 2 






SOLE PROPRIETORSHIP 



PARTNERSHIP 



LIMITED LIABILITY PARTNERSHIP 


n 

CORPORATION 

(n/j) 


LIMITED LIABILITY CORPORATION 



NON-PROFIT CORPORATION 



OTHER FORM OF ORGANIZATION 



PLEASE RETURN THIS FORM WITH THE SIGNED CONTRACT TO THE CITY OF FAIRFIELD 
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CITY OF FAIRFIELD 
STATE OF CALIFORNIA 

PROPOSAL 

NORTH TEXAS STREET 
WATER LINE REPLACEMENT AND OVERLAY 

To the City Clerk of the City of Fairfield: 

The undersigned declares that he has examined the locations of the proposed work, that he 
has examined the plans, specifications, and all the Contract documents, and hereby proposes 
to furnish all materials, labor, equipment, and perform all the work in strict accordance with said 
plans, specifications, and Contract documents in consideration of the attached schedule. 

The undersigned further agrees that, upon written acceptance of this bid, he will within fifteen 
(15) days of receipt of such notice execute a formal Contract agreement with the City of 
Fairfield, with necessary bonds and certificate and City standard form endorsement of 
insurance. He also agrees that, in the case of default in executing the Contract, the proceeds of 
the check or bond accompanying his bid shall become the property of the City of Fairfield. 

The undersigned agrees that, if awarded the Contract, he will commence the work upon written 
notice to proceed and shall diligently prosecute the same to completion before the expiration of 
200 calendar days from the date of said written notice to proceed. 

Bids are to be submitted for the entire work. 

The amount of the bid for comparison purposes will be total amount of bid. 

The bidder shall set forth for each unit basis item of work an item price and a total for the item, 
and for each lump sum item a total for the item, all in clearly legible figures in the respective 
spaces provided for this purpose. In the case of unit basis items, the amount set forth under the 
"Total" column shall be the extension of the item price bid on the basis of the estimated 
quantity for this item. 

In case of discrepancy between the item price and the total set forth for a unit basis item, the 
item price shall prevail, provided, however, if the amount set forth as an item price is 
ambiguous, unintelligible or uncertain for any cause, or is omitted, or is the same amount as 
the entry in the "Total" column, then the amount set forth in the "Total" column for the item shall 
prevail and shall be divided by the estimated quantity for the item and the price thus obtained 
shall be the item price. 

The following quantities are approximate only, being given as a basis for the comparison of 
bids, and the City of Fairfield does not expressly or by implication agree that the actual amount 
of work will correspond therewith and reserves the right to increase or decrease the amount of 
any portion of the work or to omit portions of the work as may be deemed necessary or 
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advisable by the Engineer. The undersigned further agrees to accept the aforesaid unit bid 
prices in compensation for any additions or deductions caused by variation in quantity due to 
more accurate measurement or by any changes or alterations in the plans or specifications of 
the work. 

Bidder acknowledges receipt of the following addenda: 


J 
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NORTH TEXAS STREET 
WATER LINE REPLACEMENT AND OVERLAY 


BID SCHEDULE 


Item 

No. 

Item of Work 

m 



Total Price 

1 

MOBILIZATION (Includes Confirming the 
Location of Existing Utilities) 

LS 

1 



2 

SWPPP and EROSION CONTROL 

LS 

1 

WFMmm 

iff j-^rlBI 

3 

TRAFFIC CONTROL 

LS 

1 



D 

ABANDON WATER VALVE 

EA 

21 


Bifea 

a 

CAP and ABANDON WATER LINES 

LS 

1 


‘/S.W'- 


REMOVE and DISPOSE OF ASBESTOS 
CONCRETE PIPE (ACP) 

LF 




B 

REMOVE EXISTING FIRE HYDRANT 

EA 

12 


tMMM 

8 

1" WATER SERVICE (27 total) 

LF 

893 



g 

2" WATER SERVICE 

LF 



EBij 

10 

4" WATER SERVICE 

LF 


IBB 


11 

6“ WATER SERVICE 

LF 

405 

WS^ 

II 

12 

8“ WATER MAIN 

LF 

116 



13 

10" WATER MAIN 

LF 

369 

KBi 


14 

12" WATER MAIN 

LF 

4.479 



15 

6” GATE VALVE 

EA 

6 



16 

8" GATE VALVE 

EA 

13 


RBI 

m 

10" GATE VALVE 


4 



Bl 

12" GATE VALVE 

■■ 

27 

UiWaM 

mmsM 

19 

1" AIR and VACUUM RELEASE VALVE 

EA 

8 

Eggaai 


20 

1" REDUCED PRESSURE BACKFLOW 
PREVENTION DEVICE (RPBPD) (Includes Cage) 

EA 

4 

rfTiTTJ 


21 

6“ DOUBLE CHECK DETECTOR ASSEMBLY 
(DCDA) 

EA 

1 

2.0^ 


22 

6" DETECTOR CHECK VALVE (DCV) 

(Located in a Traffic Rated Vault) 

EA 

1 

S,>K^ 


23 

FIRE HYDRANT and ASSEMBLY 

EA 

12 



24 

4” BLOWOOFF ASSEMBLY and COVER 

EA 

1 
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WATER LINE 



)RTH 

REP 


BIC 


Item 

No. 

Item of Work 

1 

MOBILIZATION (Includes Confirming the 
Location of Existing Utilities) 

2 

SWPPP and EROSION CONTROL 

D 

TRAFFIC CONTROL 

D 

ABANDON WATER VALVE 

D 

CAP and ABANDON WATER LINES 

B 


B 

REMOVE EXISTING FIRE HYDRANT 

B 

1" WATER SERVICE (21 total) 

9 

2" WATER SERVICE 

10 

4" WATER SERVICE 


6" WATER SERVICE 

B 

8" WATER MAIN 

B 

10" WATER MAIN 

B 

12" WATER MAIN 

B 

6" GATE VALVE 

16 

8" GATE VALVE 

17 

10" GATE VALVE / 

18 

12" GATE VALVE / 

19 

1" AIR and VACUUM RELEASE VALV^ 

20 

1" REDUCED PRESSURE BACKFLOW / 
PREVENTION DEVICE (RPBPD) (Includes Caqe) 

21 

6" DOUBLE CHECK DETECTOR ^SEMBLY 
(DCDA) / 

22 

6" DETECTOR CHECK VALVE /cV) 
(Located in a Traffic Rated VaujO 

23 

FIRE HYDRANT and ASSEI^LY 

24 

4” BLOWOOFF ASSEMBL/and COVER 


BY 4dm ^ 
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25 

BOX CULVERT CROSSING (Includes Steel 
Casing, PVC, B&J, Class 2 AB and AC) 

LS 

1 


<^0,000“ 

26 

CONNECTION to EXISTING WATER 

SYSTEM 

EA 

17 



27 

REMOVE BOX CULVERT WATER LINE 

LS 

1 


15 ^^" 

28 

BOLLARD 

EA 

4 


/ 

29 

INSTALL ADA ACCESSIBLE RAMP 

EA 

1 



30 

INSTALL ADA DETECTABLE WARNING 
SURFACE 

EA 

5 



31 

REMOVE and REPLACE CURB and 

GUTTER 

LF 

240 



32 

REMOVE and REPLACE SIDEWALK 

SF 

1,000 



33 

COLD PLANE ASPHALT CONCRETE 
PAVEMENT (Taper Grind) 

LF 

7,577 


9 , 

34 

COLD PLANE ASPHALT CONCRETE 
PAVEMENT (Full 2" Grind) 

SY 

4,500 



35 

BASE FAILURE REPAIR 

CY 

20 

/fe?--' 

z, mo T 

36 

PAVEMENT REINFORCING FABRIC (PRF) 

SY 

27,850 


^7.395-1^ 

37 

ASPHALT CONCRETE OVERLAY 

TN 

3,042 


Z73 

38 

ADJUST VALVES, MONUMENTS and 

TRAFFIC BOXES to GRADE 

EA 

14 



39 

ADJUST MANHOLES to GRADE 

EA 

19 


//ZlO- 

40 

REPLACE TRAFFIC SIGNAL LOOP 
DETECTOR (Includes Detector Hand Hole) 

EA 

55 



41 

4" THERMOPLASTIC STRIPING 

LF 

19,170 



42 

8" THERMOPLASTIC STRIPING 

LF 

490 


/.^7d^ 

43 

THERMOPLASTIC PAVEMENT MARKINGS 

LS 

1 



44 

PAVEMENT MARKERS 

LS 

1 

'm- 


45 

PERIMETER RAISED CURB MARKERS with 
CHANNELIZER POSTS 

LF 

200 



46 

INTERNAL RAISED CURB MARKERS 

LF 

180 



47 

BIKE ROUTE SIGN 

EA 

14 

2.7^' 

5- 8^'-' 




















Total = $ $/^ 7^6. 

The bidder shall complete this form legibly and in its entirely. An incomplete form shall be 
grounds for disqualification of the bid. 
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NORTH TEXAS STREET 
WATER LINE REPLACEMENT AND OVERLAY 

DESIGNATION OF SUBCONTRACTORS 


In accordance with Section 5 of the General Provisions for this Contract, the following list of 
subcontractors is submitted with the proposal and made a part thereof. The bidder shall note 
that he shall perform with his own organization at least 50% of the work with the 
remainder of the work performed by subcontractors. 

If the Contractor fails to specify a subcontractor for any portion of the work to be performed 
under the Contract, he shall be deemed to have agreed to perform such portion himself, and 
he shall not be permitted to subcontract that portion of the work except under the conditions 
hereinafter set forth. 

Subletting or subcontracting of any portion of the work for which no subcontractor was 
designated in the original bids shall only be permitted in cases of public emergency or 
necessity, and then only after receiving written approval from the Engineer. 

The name and location of the shop or office of each subcontractor who will perform work or 
labor or render service to the Contractor in or about the construction of the project and that 
portion of the work to be performed by the subcontractor is as follows: 


Subcontractor’s Name and Address 

Subcontractor’s 
License Number 

Portion of Work or 
Items to be performed 

Percent 
of Total 


IGI 

“S "i ^ K c Jl (X 0- cS:, ,<L .5 

u% 



*ScLoO ^ 

V 

/ % 

3) 




4) 




5) 





Note: Attach additional sheets if required. 




5 


T 




me 




Po-^<L 
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NORTH TEXAS STREET 
WATER LINE REPLACEMENT AND OVERLAY 

DESIGNATION OF SUBCONTRACTORS 


In accordance with Section 5 of the General Provisions for this Contract, the following list of 
subcontractors is submitted with the proposal and made a part thereof. The bidder shall note 
that he shall perform with his own organization at least 50% of the work with the 
remainder of the work performed by subcontractors. 

If the Contractor fails to specify a subcontractor for any portion of the work to be performed 
under the Contract, he shall be deemed to have agreed to perform such portion himself, and 
he shall not be permitted to subcontract that portion of the work except under the conditions 
hereinafter set forth. 

Subletting or subcontracting of any portion of the work for which no subcontractor was 
designated in the original bids shall only be permitted in cases of public emergency or 
necessity, and then only after receiving written approval from the Engineer. 

The name and location of the shop or office of each subcontractor who will perform work or 
labor or render service to the Contractor in or about the construction of the project and that 
portion of the work to be performed by the subcontractor is as follows: 


Subcontractor’s Name and Address | Subcontractor’s 

,7 i License Number 

Portion of Work or 
Items to be performed 

Percent 
of Total 



B>oK j SdC/fC 









■Mf 

z-Y/oi 

uVnrl/ri/vJj^ Pit 




^ Hi Z' POLa^ i (L, 





Note: Attach additional sheets if required. 












NONCOLLUSION AFFIDAVIT TO BE EXECUTED BY BIDDER 
AND SUBMITTED WITH BID 


7)^ a/ n l}/i fh _, being first duly sworn, deposes and says that he or she 

_of I Y/vee/g-^G>vs'/~£x-cii ctk j~L%^ . 

the party making the foregoing bid, that the bid is not n^e in the fdterest of, or on behalf of, 
any undisclosed person, partnership, company, association, organization, or corporation; that 
the bid is genuine and not collusive or sham; that the bidder has not directly or indirectly 
induced or solicited any other bidder to put in a false or sham bid, and has not directly or 
indirectly colluded, conspired, connived, or agreed with any bidder or anyone else to put in a 
sham bid, or that anyone shall refrain from bidding; that the bidder has not in any manner, 
directly or indirectly, sought by agreement, communication, or conference with anyone to fix the 
bid price of the bidder or any other bidder, or to fix any overhead, profit, or cost element of the 
bid price, or of that of any other bidder, or to secure any advantage against the public body 
awarding the Contract of anyone interested in the proposed Contract; that all statements 
contained in the bid are true; and further, that the bidder has not, directly or indirectly, 
submitted his or her bid price or any breakdown thereof, or the contents thereof, or divulged 
information or data relative thereto, or paid, and will not pay, any fee to any corporation, 
partnership, company association, organization, bid depository, or to any member or agent 
thereof to effectuate a collusive or sham bid. 


I certify (or declare) under penalty of perjury under the laws of the State of California that the 
foregoing is true and correct. 


(Date) 


t ?- 




(Signature) 


— SEE ATTACHED— 
CALIFORMIA ALL-PURPOSE 
ACKf^VIfLEDGEMENT 


DATED 




NOTE: THIS FORM MUST BE NOTARIZED. 
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CALIFORNIA ALL-PURPOSE ACKNOWLEDGMENT 


State of California 
County of 


CIVIL CODE § 1189 


On g» -n.i-L before me, 

Date Here Insert Name arli Tiile oftne (Jfficer 

personally appeared D<lirler>g, 


*/iy — 

am^) of 


Signer(s) 


LORRINDA ANN RAPPE f 

Commission # 1855902 K 

Notary Public - California 1 

Placer County g 

MyComm. Expires Jun 27, 20131 

'» wvvvvvv ie'9 " v v v v v 


Place Notary Seal Above 


Signat 

OPTIONAL 


Though the information below is not required by law, it may prove valuable to persons relying on the document 
and could prevent fraudulent removal and reattachment of this form to another document. 

Description of Attached 

Title or Type of Document: 


ed Dpcumenl-^ , 

W to n a 



who proved to me on the basis of satisfaj^ry 
evidence to be the person(^ whose name^^s/,^ 
subscribed to the wittiin instrument and acknowled^d 
to me that executed the same in 

t>i^^|^tl)dlr authorized capacity{i^), and that by 
signature's) on the instrument the 
person(^, or the entity upon behalf of which the 
person(£fJ acted, executed the instrument. 

I certify under PENALTY OF PERJURY under the 
laws of the State of California that the foregoing 
paragraph is true and correct. 


WITNESS my hand and official 



Signature of Notary Publi 


Document Date: 


Number of Pages:. 


Signer(s) Other Than Named Above:_ 

Capacity(ies) Claimed by Signer(s) 

Signer’s Name:_ 


C] Corporate Officer — Title{s):_ 


Signer’s Name:_ 

□ Corporate Officer — Title(s):_ 


n Individual 

□ Partner — □ Limited □ General 

□ Attorney in Fact 

□ Trustee 

□ Guardian or Conservator 

n Other: 


Top of thumb here 


Sioner Is Representino: 



□ Individual 

□ Partner — G Limited □ General 

□ Attorney in Fact 

□ Trustee 

□ Guardian or Conservator 

□ Other: 


Top of thumb here 


Sioner Is Representino: 



i) 2010 National Notary Association • NationalNotary.org • 1-800-US NOTARY (1-800-876-6827) Item #5907 






If corporation or partnership, give legal name of corporation, president, secretary, treasurer, 
or names of all partners. 
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BID BOND 


KNOW ALL PERSONS BY THESE PRESENTS that; 

WHEREAS the City of Fairfield (“City”) has issued an invitation for bids for the work 
described as follows; 

NORTH TEXAS STREET 
WATER LINE REPLACEMENT AND OVERLAY 

WHEREAS Civil Engineering Construction, Inc. __ 

3373 Swetzer Road, Loomis, California 95650 _ 

(Name and address of Bidder) 

(“Contractor”) desires to submit a bid to City for the work. 

WHEREAS, bidders are required under the provisions of the California Public Contract Code 
to furnish a form of bidder's security with their bid. 

NOW, THEREFORE, we, the undersigned Contractor, as Principal, and ___ 

Travelers Casualty and Surety Company of America 

3636 American River Drive, Suite 200, Sacramento, California 95864 

(Name and address of Surety) 

(“Surety”) a duly admitted surety insurer under the laws of the State of California, as Surety, 

are held and firmly bound unto City in the penal sum of_ 

Ten Percent (10%) of Total Bid Amount _ 

Dollars ($ --) . being not less than ten percent (10%) of the total 

bid price, in !av4ut money of the United States of America, for the payment of which sum well 
and truly to be made, we bind ourselves, our heirs, executors, administrators, successors, 
and assigns, jointly and severally, firmly by these presents. 

THE CONDITION OF THIS OBLIGATION IS SUCH THAT, if the hereby bounded Contractor 
is awarded a Contract for the work by City and. within the time and in the manner required 
by the bidding specifications, enters into the written form of Contract included with bidding 
specifications, furnishes the required bonds, one to guarantee faithful performance and the 
other to guarantee payment for labor and materials, and furnishes the required insurance 
coverages, then this obligation shall become null and void; otherwise, it shall be and remain 
in full force and effect. 
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In case suit is brought upon this bond, Surety further agrees to pay ali court costs incurred by 
City in the suit and reasonable attorneys' fees in an amount fixed by the court. Surety hereby 
waives the provisions of California Civil Code § 2845. 

IN WITNESS WHEREOF, this instrument has been duly executed by Contractor and Surety, 
on the date set forth below, the name of each corporate party being hereto affixed and these 
presents duly signed by its undersigned representative(s) pursuant to authority of its 
governing body. 


Dated: August 16, 2012 


“Contractor" “Surety” 

Civil Engineering Construction, Inc. Travelers Casualty and Surety Company of 

America 



By;_ 




Tit!^Joseph H. Weber, Attorney-in-Fact 


By;_ 


Title 


(Seal) (Seal) 

Note: This bond must be dated, all signatures must be notarized, and evidence of the authority of any person signing as 
attomey-in-fact must be attached. 
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CALIFORNIA ALL-PURPOSE ACKNOWLEDGMENT CIVIL CODE § 1189 

a 

-k ^ 

State of California 1 | 

County of Pf<^^ _I I 


before me, 


personally appeared 


)IMv 


Here Insert Name fend Title of the Officer 

_ 

Name(s)rof Signer(s) 



LORRINOA ANN RAPPE 

Commission # 1855902 

Notary Public - California 
Placer County 

My Comm. Expires Jun 27. 2018 1 


who proved to me on the basis of satisfartory 
evidence to be the person^ whose name^{fs^rp^ 
subscribed to the within instrument and acknowledged 
to me that executed the same in 

hte/|lei/thd'ir authorized capacity(i^), and that by 
j)is/^/their signature^ on the instrument the 
person(3f, or the entity upon behalf of which the 
person(sf acted, executed the instrument. 

I certify under PENALTY OF PERJURY under the 
laws of the State of California that the foregoing 
paragraph is true and correct. 


WITNESS my hand and official seal. 


Place Notary Seal Above 


Signature 

OPTIONAL ^ 


Signature of Notary Public 


Though the information below is not required by law, it may prove valuable to persons relying on the document 
and could prevent fraudulent removal and reattachment of this form to another document. 

Description of Attached Documenjt , . 

Title or Type of Document: ) floi 1 gfji oA H-ni (XA\m . _ 


Document Date:_ 

Signer(s) Other Than Named Above:_ 

Capacity(ies) Claimed by Signer(s) 

Signer’s Name: _ 

Ij Corporate Officer — Title(s):_ 


Individual 
Partner — 


i Limited L’ General 


T Attorney in Fact 

□ Trustee 

□ Guardian or Conservator 

□ Other:_ 


Signer Is Representing: 



Number of Pages: 


Signer’s Name:_ 

Ij Corporate Officer — Title(s):. 


Individual 
Partner — 


Limited General 


I RIGHT THUMBPRINT | 
OF SIGNER 


; ’ Attorney in Fact 
j Trustee 

_ Guardian or Conservator 
T Other:_ 


Signer Is Representing: 



© 2010 National Notary Association • NationalNotary.org • 1-800-US NOTARY (1-800-876-6827) Item #5907 





CALIFORNIA ALL-PURPOSE 
CERTIFICATE OF ACKNOWLEDGMENT 


State of California 
County of SACRAMENTO 


On August 16 , 2012 before me, M.McLaughlin - Notary Public-7 

(Here insert name and title of the ofticer) 

personally appeared_ Joseph H. Weber - 

who proved to me on the basis of satisfactory evidence to be the personas-) whose name('s^ is/are-subscribed to 
the within instrum^ent and acknowledged to me that he/sfe a'th e y executed the same in his-tertisek authorized 
capacity(4e9), and that by his/^e r/th& ir signature!^ on the instrument the personO^, or the entity upon behalf of 
which the personas) acted, executed the instrument. 

I certify under PENALTY OF PERJURY under the laws of the State of California that the foregoing paragraph 
is true and correct. 



ADDITIONAL OPTIONAL INFOILVLATION 



INSTRUCTIONS FOR COMPLETING THIS FORM 

Any acknowledgment completed in California must contain verbiage exactly as 
appears above in the notary section or a separate acknowledgment form must be 
properly completed and attached to that document. The only exception is if a 
document is to be recorded outside of California In such instances, any alternative 
acknowledgment verbiage oi may be printed on such a document so long as the 
verbiage does not require the notary to do something that is illegal for a notary in 
Caiifomia (i.e. certifying the authorized capacity of the signer). Please check the 
document carefully for proper notarial wording and attach this form if required. 

• State and County in formation must be the State and County where the document 
signerfs) personally appeared before the notary public for acknowledgmenL 

• Date of notarization must be the date that the signer(3) persotully appeared which 
must also be the same date the acknowledgment is completed. 

• The notary public must print his or her name as it appears within his or her 
commission followed by a comma and then your title (notary public). 

• Print die name(s) of document signerfs) who personally appear at the time of 
notarization. 

• indicate the correct singular or plural forms by crossing off incorrect forms (i.e. 
htt'she/' th e y, is /arn) or circling the correct forms. Failure to correctly indicate this 
information may lead to rejection of document recording. 

• Tne notary seal impression must be clear and photographically reproducible. 
Impression must not cover te.xt or lines. If seal impression smudges, re-seal if a 
sufficient area permits, otherwise complete a different acknowledgment form. 

• Signature of the notary public must match the signature on file with the office of 
the county clerk. 

'1* Additional information is not required but could help to ensure this 
acknowledgment is not misused or attached to a different document. 
Indicate title or type of attached document, number of pages and date. 

<• Indicate the capacity claimed by the signer. If the claimed capacity is a 
corporate officer, indicate the title (i.e. CEO, CFO, Secretary). 

• Securely attach this document to the signed document 


2008 Version CAPA V12.10.07 800-373-9865 www.NotaryClas3es.com 















WARNING: THIS POWER OF ATTORNEY IS INVALID WITHOUT THE RED BORDER 

POWER OF ATTORNEY 

Farmington Casualty Company St. Paul Mercury Insurance Company 

Fidelity and Guaranty Insurance Company Travelers Casualty and Surety Company 

Fidelity and Guaranty Insurance Underwriters, Inc. Travelers Casualty and Surety Company of .America 

St. Paul Fire and Marine Insurance Company United States Fidelity and Guaranty Company 

St. Paul Guardian Insurance Company 


.Attorney-In Fact No. 225162 

KNOW ALL MEN BY THESE PRESENTS: That St. Paul Fire and Marine Insurance Company. St. Paul Guardian Insurance Company and St. Paul Mercury Insurance 
Company are corporations duly organized under the laws of the State of Minnesota, that Farmington Casualty Company. Travelers Casualty and Surety Company, and 
Travelers Casualty and Surety Company of America are corporations duly organized under the laws of the State of Connecticut, that United States Fidelity and Guaranty 
Company is a corporation duly organized under the laws of the State of Maryland, that Fidelity and Guaranty Insurance Company is a corporation duly organized under 
the laws of the State of Iowa, and that Fidelity and Guaranty Insurance Underwriters. Inc., is a corporation duly organized under the laws of the State of Wisconsin 
(herein collectively called the "Companies”), and that the Companies do hereby make, constitute and appoint 

Carol Dunn, Paul F. Bystrowski, Randall L. Jorgensen, Joseph H. Weber, Mary E, A. McLaughlin, John E. Murphy, Sand! Pullen, and John Weber 


Certificate No. 004889855 


TRAVELERS! 


of the City of Narrnmenfn _. State of_ California _. their true and lawful Attomey(s)-in-Fact, 

each in their separate capacity if more than one is named above, to sign, execute, seal and acknowledge any and all bonds, recognizances, conditional undertakings and 
other writings obligatory in the nature thereof on behalf of the Companies in their business of guaranteeing the fidelity of persons, guaranteeing the performance of 
contracts and executing or guaranteeing bonds and undertakings required or permitted in any actions or proceedings allowed by law. 


IN WITNESS WHEREOF, the Companies have caused this instrument to be signed and their corporate seals to be hereto affixed, this 
day of June _. . 


Farmington Casualty Company 
Fidelity and Guaranty Insurance Company 
Fidelity and Guaranty Insurance Underwriters, Inc. 
St. Paul Fire and .Marine Insurance Company 
St. Paul Guardian Insurance Company 


St. Paul .Mercury Insurance Company 
Travelers Casualty and Surety Company- 
Travelers Casualty and Surety Company of America 
United States Fidelity and Guaranty Company 



State of Connecticut 
City of Hartford ss. 



On this the 


1st 


day of 


June 


2012 


before me personally appeared George W. Thompson, who acknowledged 


himself to be the Senior Vice President of Farmington Casualty Company. Fidelity and Guaranty Insurance Company, Fidelity and Guaranty Insurance Underw'riters, 
Inc.. St. Paul Fire and Marine Insurance Company, St. Paul Guardian Insurance Company, St. Paul Mercury insurance Company, Travelers Casualty and Surety 
Company, Travelers Casualty and Surety Company of America, and United States Fidelity and Guaranty Company, and that he, as such, being authorized so to do. 
executed the foregoing instrument for the purposes therein contained by signing on behalf of the corporations by himself as a duly authorized officer. 


In Witness Whereof, I hereunto set my hand and official seal. 
My Commission expires the 30th day of June, 2016. 



^ Marie C. Tetreault. Notary Public 


58440-6-11 Printed in U.S.A. 


WARNING: THIS POWER OF ATTORNEY IS INVALID WITHOUT THE RED BORDER 









,■8/16/2012 THU 17:33 FAX 


0001/002 



CITY OF FAIRFIELD 
STATE OF CALIFORNIA 

NORTH TEXAS WATER LINE REPLACEMENT AND OVERLAY PROJECT 


Addendum No. 2 


August 16, 2012 


This constitutes Addendum No. 2 to the Contract Documents for the NORTH 
TEXAS WATER LINE REPLACEMENT AND OVERLAY PROJECT. The Bidder 
shall acknowledge receipt of this Addendum on Page P-2 of the Bidder’s 
Proposal (Blue Section) and attach this signed Addendum to the Bidder’s 
Proposal when submitted. 

PROJECT SPECIFICATIONS 

Special Provision: 

1) Replace Section 16 as follows: 

"The performance of construction activities, including the starting and 
operation of construction equipment, shall be limited to the Working Hours 
of 7:00 a.m. to 5:00 p.m. Monday through Friday, except as noted below. 
For work done outside these working hours, the Contractor is responsible 
for the standard overtime costs. 

Work within the existing traffic lanes of the Project areas, including the 
trenching or boring within intersections, striping and installation or 
replacement of signal loops, shall be performed between the hours of 9 
a.m. and 3 p.m. on weekdays. 

Extended work hours after 5:00 pm and night work are authorized where 
the Contractor must make water connections at off-peak periods to 
minimize disruptions as required elsewhere herein. No additional 
compensation shall be paid for such extended work hours or night work 
when permitted and extra costs are deemed included in the various items 
of work. The Contractor shall coordinate with the City Engineer on all such 
night work and give advance notice of such work, as required. 

Except as noted above, work after dark will not be permitted except with 
the written permission of the City Engineer, and then only with a specific 
plan and schedule for accomplishing the work approved by the City 
Engineer. The placing of concrete shall be started early enough in the 
daylight hours to ensure completion of the section under construction 
before dark. When the City Engineer permits night work, the Contractor 
shall provide all lights and traffic control required for the safe, proper and 
expeditious completion of the work. Furthermore, at the City’s sole 
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discretion, the Contractor may be responsible for costs associated with 
City Inspectors’ overtime for work outside the specified work period. 


APPROVED; 


Steven L. Hartwig, P.E. 
City Engineer 



ACKNOWLEDGEMENT: 



CONTRACTOR 
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CITY OF FAIRFIELD 
STATE OF CALIFORNIA 


NORTH TEXAS WATER LINE REPLACEMENT AND OVERLAY PROJECT 


Addendum No. 1 


August 13, 2012 


This constitutes Addendum No. 1 to the Contract Documents for the NORTH 
TEXAS WATER LINE REPLACEMENT AND OVERLAY PROJECT. The Bidder 
shall acknowledge receipt of this Addendum on Page P-2 of the Bidder’s 
Proposal (Blue Section) and attach this signed Addendum to the Bidder’s 
Proposal when submitted. 

ADDITIONAL ITEMS 

1) The geotechnical recommendations for North Texas Water Line 
Replacement and Overlay Project is available on the City ftp site, which 
can be accessed by following the following link; ftoV/coftp. fairfield. ca. gov 
Username; ftp_pw3rd 
Password; #air$ield2012 

Access will expire on August 21, 2012 


PROJECT SPECIFICATIONS 


Proposal (blue section) and Agreement (white section); 

2) BID SCHEDULES, Pages P-3 and A-4. Item No. 8, 1" Water Service (21 
total), should read 1" Water Service (27 total)*’and the Quantity should 
read 893 instead of 829. Revised pages attached. 


APPROVED; 





Steven L. Hartwig, P.E 
City Engineer 


ACKNOWLEDGEMENT; 




CONTRACTOR 
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NORTH TEXAS STREET 
WATER LINE REPLACEMENT AND OVERLAY 

BID SCHEDULE 


Item 

No. 

Item of Work 

Unit 

1 

MOBILIZATION (Includes Confirming the 
Location of Existing Utilities) 

LS 

2 

SWPPP and EROSION CONTROL 

LS 

3 

TRAFFIC CONTROL 

LS 

4 

ABANDON WATER VALVE 

EA 

a 

CAP and ABANDON WATER LINES 

LS 

m 

REMOVE and DISPOSE OF ASBESTOS 
CONCRETE PIPE (ACP) 

LF 

D 

REMOVE EXISTING FIRE HYDRANT 

EA 

8 

1" WATER SERVICE (27 total) 

LF 

9 

2" WATER SERVICE 

LF 


4" WATER SERVICE 

LF 

11 

6" WATER SERVICE 

LF 

12 

8" WATER MAIN 

LF 



10" WATER MAIN 
12" WATER MAIN 


6" GATE VALVE 
8" GATE VALVE 
10" GATE VALVE 
12" GATE VALVE 


1” AIR and VACUUM RELEASE VALVE 

1" REDUCED PRESSURE BACKFLOW 
PREVENTION DEVICE (RPBPD) (Includes Cage) 


6" DOUBLE CHECK DETECTOR ASSEMBLY 

(DCDA) _ 

6" DETECTOR CHECK VALVE (DCV) 

(Located in a Traffic Rated Vault) _ 

FIRE HYDRANT and ASSEMBLY 
4” BLOWOOFF ASSEMBLY and COVER 



EA 

6 

EA 

13 









































NORTH TEXAS STREET 
WATER LINE REPLACEMENT AND OVERLAY 


BID SCHEDULE 


Item 

No. 

Item of Work 

B 

Quantity 

Unit Price 

Total Price 

1 

MOBILIZATION (Includes Confirming the 
Location of Existing Utilities) 

■B 

1 



2 

SWPPP and EROSION CONTROL 

■B 

1 



ID 

TRAFFIC CONTROL 


1 



D 

ABANDON WATER VALVE 


21 



D 

CAP and ABANDON WATER LINES 

LS 





REMOVE and DISPOSE OF ASBESTOS 
CONCRETE PIPE (ACP) 

LF 




B 

REMOVE EXISTING FIRE HYDRANT 

EA 

12 



D 

1" WATER SERVICE (27 total) 

LF 

893 



B 

2" WATER SERVICE 

LF 

83 



10 

4" WATER SERVICE 

LF 

83 



11 

6" WATER SERVICE 

LF 

405 



12 

8" WATER MAIN 

LF 

116 



13 

10" WATER MAIN 

LF 




14 

12" WATER MAIN 

LF 

WBSS 



15 

6" GATE VALVE 

EA 

6 



16 

8" GATE VALVE 

EA 

13 



B 

10" GATE VALVE 

EA 

4 




12" GATE VALVE 

EA 

27 



IQI 

1" AIR and VACUUM RELEASE VALVE 

EA 

8 




1" REDUCED PRESSURE BACKFLOW 
PREVENTION DEVICE (RPBPD) (Includes Cage) 

EA 

4 



El 

6" DOUBLE CHECK DETECTOR ASSEMBLY 
(DCDA) 

EA 

1 




6" DETECTOR CHECK VALVE (DCV) 

(Located in a Traffic Rated Vault) 

EA 

1 




FIRE HYDRANT and ASSEMBLY 

EA 

12 




4” BLOWOOFF ASSEMBLY and COVER 

EA 

1 
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RECEIVEr:' 

AUG 25 12 


Civil Engineering 

Construction, Inc. 

P.O. Box 1669 
Loomis, CA 95650-1669 
Phone; 916-652-9884 
FAX: 916-652-9885 
CA ContLic #717650 A 


Attn: Sharon Chan 
City of Fairfield Public Works 
1000 Webster St 
Fairfield, CA 94533 


City of Fairfield 

LETTER OF TRANSMITTAL Public Works 


DATE: AUGUST 22, 2012 
CEC Job Number: N/A 


CONTRACT; 

RE: City of Fairfield 

North Texas Main Line Replacement and 
Overlay 


We are sending you: 

I I Shop Drawings O Plans O Specification 

□ Change Order Q Copy of Letter [U Samples 

□ Attached O Under Separate Cover 


Sub No. 

Copies 

Description 

Notes 


1 

Construction and Demo Debris Check List 























These are transmitted as checked below: 


n For approval 

1 1 Approved as submitted 

[XI For your use 

1 1 Approved as noted 

0 As requested 

1 1 Returned as noted 

n 

1 1 Returned for corrections 

Remarks: 



Sharon: _ 

Attached is the Construction and Demolition Debris Check List required by the 
Instructions to Bidders page IB-5 Section 15. Quantities were determined based 
on our estimate and the conversion factors provided with the Construction and 
Demolition Recycling Report by the City. _ 


Signed: 



CC: 








Construction & Demolition Debris Materials Checklist 


Project/Permit#: fUM m-kr lin€ W 

Project Address: AhM // Unkp 4uC. h - 

Applicant: 6iu:l ^$/rv fAo/9, Xi)^ - 


Phone: 93^^ _ 

Type of Project: □ New Construction ^Repair 

Project Size: ^Z~t _sq. ft. 


Fax: _ 

□ Addition □ Alteration □ Demolition 


The City of Fairfield requires that construction and demolition projects recycle at minimum 50% of all project materials generated by their 
projects^ All contractors are required to complete this checklist prior to obtaining a building or demolition permit. At the conclusion of the 
mo ect the contractor must report all tons diverted as alternative cover at a landfill or all tons recycled and disposed by material type and file a 
Constriiction and Demolition Recycling Report with the City of Fairfield Public Works Department prior to project acceptance. 


Please check all materials to be generated as a result of this project and estimate quantities: 


Material Type 

o Alternative Daily Cover 
Asphalt 

□ Brick 

□ Cardboard 
J^Concrete 

Dirt / Clean Fill 

□ Drywall / Sheetrock 

□ Lumber 

□ Plastic 

□ Roofing Materials 

□ Metals 

□ Green Waste 

lumber, windows, etc.) 


Estimated Quantities (Specify tons or cubic yards, if possible) 




1 Ton ^ 


d» 7 ’Tb/)^ 


□ Salvaged Items (i.e. fixtures. 
Other Materials (please list): 



Signature: 


Check here that you understand that you must also complete a Construction and Demolition Recycling Report prior to project 
acceptance. Call 707.428.7489for technical assistance after reading all forms. 

dlzT^lzP/Z, __ 



Date: 


Return completedform to: City of Fairfield Public Works Department, 1000 Webster St, Fairfield, CA 94533. 
For assistance with this form, please call 707.428.7489. 









Construction / Demolition Recycling Report 
Conversion Table 


To calculate the percentage of materials recycled and/or reused: 

To determine the percentage of materials recycled/reused, divide the number of tons which were recycled/reused by the TOTAL 
tonnage generated by this job. 

Percent Recycled/Reused = _ recycling + reused tons _ 

recycling tons + reused tons + disposed tons 


Example: 1 ton recycling + 1 ton reused 2 

1 ton recycling + 1 ton reused + 2 tons disposal 4 


0.5 (multiply 0.5 by 100 - 100%) 


Salvaged Materials: 

Please estimate the quantity of material recycled/reused. Your estimates should be provided in tons . 
Example: 25 pounds 2000 pounds = 0.02 tons 

How to convert pounds to tons: 

To convert pounds to tons, divide the number of pounds by 2000 pounds. 1 ton = 2,000 pounds 
Example: 700 pounds - 2000 pounds = 0.35 tons 


How to convert cubic yards to tons: 

Select the type of material recycled/reused 
from the chart to the right. 

Multiply the corresponding number by the total number 
of cubic yards recycled/reused. 

1 cubic yard of asphalt = 0.69 tons 

Example: 5 cu. yds. of asphalt = 5 X 0.69 = 3.45 tons 

Please call 707-428-7489 for further assistance. 


Material Type 

Tons per Cubic Yard 

Asphalt 

0.69 

Brick 

1.51 

Cardboard 

0.05 

Concrete 

0.93 

Dirt/Clean Fill 

1.00 

Drywall/Sheetrock 

0.20 

Lumber 

0.17 

Plastic 

0.17 

Roofing Materials 

0.21 

Metals 

0.45 

Mixed Materials 

0.25 

Green Waste 

0.05 
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DEPARIMEUI OF CONSUMER AFFAIRS 

Contractors State License Board 


Contractor's License 


Detail - License # 717650 


DISCLAIMER: A license status check provides information taken from the CSLB license database. Before 
relying on this information, you shouid be aware of the foilowing iimitations. 


CSLB complaint disclosure is restricted by law ( B&P 7124.6 ) If this entity is subject to pubiic compiaint disclosure, a link 
for complaint disclosure will appear below. Click on the link or button to obtain complaint and/or legal action information. 


Per B&P 7071.17 , only construction related civil judgments reported to the CSLB are disclosed. 


» Arbitrations are not listed unless the contractor fails to comply with the terms of the arbitration. 


’» Due to workload, there may be relevant information that has not yet been entered onto the Board's license database. 



License Number 717650 Extract Date 8/22/2012 

CIVIL ENGINEERING CONSTRUCTION INC 


Business Information 


Entity 

Issue Date. 

Reissue Date 
Expire Date 


Business Phone Number: (916)652-9884 

POBOX 1669 
LOOMIS, C A 95650-1669 
Corporation 

' 01/17/1996 . .... II .1 

01/16/^2_'. IIIIII.IIIIL.'l!. 

01/31/2014 


License Status 


ACTIVE 

This license is current and active. All information below should be reviewed. 


CLASS 


Classifications 


DESCRIPTION 


GENERAL ENGINEERING CONTRACTOR 



CONTRACTOR'S BOND 


This license filed a Contractor's Bond with 

OLD REPUBLIC SURETY COMPANY. 


Bond Number: GCL1212433 
Bond Amount: $12,500 
Effective Date: 01/16/2007 

Bonding Contractor's Bond History 


BOND OF QUALIFYING INDIVIDUAL 


1. The Responsible Managing Officer (RMO) HOGAN MICHAEL QUERY certified that 
he/she owns 10 percent or more of the voting stock/equity of the corporation. A 
bond of qualifying individual is not required. 


Effective Date: 01/16/2002 


Workers' Compensation 


WORKERS' COMPENSATION 
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This license has workers compensation insurance with 

STATE COMPENSATION IN S URANCE FUND 

Policy Number: 1887643 
Effective Date: 10/01/2011 


Miscellaneous Information 


Expire Date: 10/01/2012 

Workers' Compensation History 


DATE DESCRIPTION 


01/16/2002 LICENSE REISSUED TO ANOTHER ENTITY 


Personnel List 
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